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33 University Road 
Cambridge, Mass* 


S ° S EP mr, 


Gentlemen: 
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1* Reference is made to Contract No. 


3tween the 


United States of America and Baird— Atomic, Inc»» Cambridge, Mass, 


2* Pursuant to the clause of this contract entitled “CHANGES'*, 
and mutual agreement between the parties hereto, the contract is 
hereby amended as follows: 


a, APPENDIX I (REVISION NO. 2), attached hereto, replaces 
APPENDIX I (REVISION NO. 1) to the contract schedule and is effective 
for the period 1 July I960 through 31 December I960* 

b* Paragraph 3 in SECTION B - CONSIDERATION AND PAYMENT of 
the contract schedule, as amended, is deleted and the following 
Paragraph 3 is substituted therefor: 

"3* There has been allocated for this contract the following 

amounts: 


Period 


Inception through 30 June I960 
1 July I960 - 31 Dec. I960 

TOTAL 


♦Final amount. 


Amount 
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The total amount payable to the Contractor under this contract shall 
not exceed this amount without authorization from the Contracting 
Officer* The Contractor shall notify the Contracting Officer when 
8 5$ of this amount has been expended." 
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$3,573.90 was 


The above results in a net increase of 

transferred to the period 1 Ju ly i960 - 31 Dec. I960 from the pre- 
vious period making a total of 

A 



a 


for the period* 
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c. SECTION C 
schedule, as amended, 
therefor: 


- PERIOD OF PERFORMANCE of the contract 
is deleted and the following is substituted 


No. 


"SECTION C - PERIOD OF PERTORMAWm? 

The Contractor shall be required to perform the 
services called for hereunder from 6 January 1958 
trough 31 December I960; however, this contract may 

parties n « ed ^ mutual agreemQnt between the contracting 

All other terms, conditions and requirements of Contract 
as attended* remain unchanged# 


. . 4 *. Pleas^ndicate your receipt of this Amendment No. ? to 

your acceptance thereof by executing the 
original and two copies of this Amendment, Return the f ully 

0rigina l one °°Py to the undersigned and retain the 
remaining copy for your files. 


Very truly yours. 


ACKNOWLEDGED AND ACCEPTED 
BAIRD-ATOMIC, INC. 



Contracting Officer 
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